UNIT CONSTRUCTION COSTS                                  1583
Account 8304.01—Unloading Brick.
This account covers the cost of preparing the unloading site, building three brick sheds of 84,000 cu. ft. capacity, the unloading of the brick, checking the quantities, and piling separately 31 different shapes.
Account 8304.02—Centering.
This account covers the cost of material, fabrication of one center together with the labor and erecting and tearing it down three times. The arch was made of 2 by 12 centers with 1-in. sheathing tacked on top. The 2 by 12 centers were spaced 18 in. centers, supported on 6 by 8 stringers held up by 4 by 8 posts suitably braced. (See Fig. 130.)
Account 8304.05—Rehandling Brick.
This account covers the transporting at many different times of the silica brick from the sheds to the reverberatories a distance of 500 ft. by one-mule carts.
Account 8304.1—Steel Work.
This account covers the cost of the material and labor of installing the steel buck stays for the reverberatories. Below is a list of material:
Buck stays          276 12-in. 31.5-lb. beams on sides
Buck stays           84 12-in. 31.5-lb. beams on ends
Rails                1,212-ft. 60-lb. rails
Rails                   594-ft. 75-lb. rails
Cross stay rds.      78 If in. diam.   31 ft. 8 in. long
Longitudinal rds.    27 If in. diam. 110 ft.
6 steel supports for longitudinal rods made of 2 to 8-in. angles 11J Ib.
(See Fig. 78.)
Account 8304.2—Silica Fill.
This cost is for the silica purchased, crushed in a variety of ways, transported to the furnaces and tamped in place there in layers. It came from the Calumet and Arizona Mining Co., at Douglas. The segregation of the account per ton is as follows:
First cost             Freight             Crushing and placing        Total
$2.757               $1.749                         $3.134          '        $7.04
Account 8304.3—Hoppers and Chutes.
This account covers the cost of material and the installation of feed hoppers and chutes with their gates and levers to the reverberatories.
Cast-iron hoppers, chutes, weights, levers, bars..........   $1,216.20
300 ft. 1-in. steel sash cord, 100 clips, 50 thimbles.........         23.00
102 Ib. i by 3 flat iron.................................           2.45
200 Ib. 1} f-in.  shafting................................         12.09
Miscellaneous.........................................           9.85
$1,263.59 (See Figs. 81 and 82.)..........        181.05
